SYMPOSIUM A — CAPITAL COST CONTROL 


A-1 Labor Productivity and Manpower Forecasting — Forrest D. Clark, CCE 

A-2 Cost Control’s Missing Link: Progress Measurement — James G. Buck 

A-3 Application of a Manual Earned Value System for Smail Engineering Projects — John E. 
Canepari and Michael J. Varrone, PE 

A-5 Subcontractor Status Reporting — Tom G. Mendel 

A-6 Practical Capital Budgeting — Charles Poulton, P Eng 

A-7 Cost Containment and Aerospace Construction — Joseph A. Brown, CCE 

A-8 Matrix Costing Technique For Emerging Technologies — David A. Rhodes and David M. Binkley 

A-S Estimating and Cost Control for Revamp and Upgrade Projects — Gunther Doering, CCC and 
Van T. Ho, PE 


SYMPOSIUM B — CAPITAL COST ESTIMATING 


B-1 Cost Estimating for Chemical Plants — Dr. Roland H. Rodl, Dr. Peter Prinzing and 
Dieter Aichert 

B-2 Applied Contingency Analysis — John W. Hackney, CCE 

B-3 Automated Estimating Systems: Army/Navy/Air Force: A Comparative Analysis — John E. 
Williams 

B-4 Using Computerized Cost Programs to Check Estimates — Thomas C. Ponder, Jr., PE CCE, 
Juan M. Castro, PE CCE, William E. Gallagher, PE, and Ruben Sanchez, PE 

B-5 Cost Models: Development and Use — James J. Stevenson, Jr., CCE 

B-7 Nuclear Power Plant Decommissioning Cost Estimate — Balarko Gupta 

B-8 Predesign Estimate of Elevator Cost in Buildings — Saeed Karshenas and Zafar S. Yousuf 

B-10 Competitive Bidding Strategies — John J. Yanoviak, CCE 


SYMPOSIUM C — CONSTRUCTION COST MANAGEMENT 


C-1 Revised Applications for Construction Cost Management — Dr. Robert H. Cardell 


SYMPOSIUM D — MANAGEMENT SCIENCE 


The Cost Engineer’s Role in Legal Proceedings — Otto Mendel, CCE 

Financial Control in Project Management — Nghi M. Nguyen 

Project Control Stiategies for Motivating Management — Richard A. Mazzini, PE CCE 

Construction Project Environment: Perceptions of Management — Dr. Enno Koehn and Cpt. 
Michael W. Pratt, PE 
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SYMPOSIUM E — PLANNING AND SCHEDULING 


E-1 
E-2 
E-3 
E-4 
E-5 
E-6 
E-7 


Integrating Planning, Scheduling and Construction with the Cost Estimate — George Epstein 
Schedule Planning for Construction Projects — William A. Shunk 

Integrated Living Schedule — Raymond E. Schweikart, Jr. 

Nuclear Outage Planning: A Broadened Perspective at PP&L — Joseph R. Zelechoski, PE CCE 
CPM: Pert Time-Scaled Summary Network — Harold B. Shugar 

Cost Containment and Cost Reduction — Stephen C. Wexler, PE CCE 

CPM: Established and Then Some — Gary 0. Glenn 


SYMPOSIUM G — COMPUTER APPLICATIONS 


G-1 
G-2 
G-3 
G-4 
G-6 
G-7 


G-8 


Bringing the Cost Engineer into the Personal Computer Age — Dr. Jerald L. Rounds 

Integrated Software Solution to Cost Engineering Problems — Dr. Jerald L. Rounds 

Development of an Integrated Cost Forecasting System — Frank D. Postula 

Implementing a Department Wide Automated Cost Estimating System — William Gallagher, PE, 
Ruben Sanchez, PE, Juan Castro, PE CCE, and Thomas C. Ponder, Jr., PE CCE 

Implementing Computerized Project Management Principles and Techniques — Linda K. 
Lemieux 

Venture Economic Modeling Using Electronic Spreadsheets — Gregory P. Molloy and Sam L. 
Shafer 


Microcomputer Based Cost Control System — Robert C. Kirby and David A. Kalinka 


SYMPOSIUM | — OPERATING AND MANUFACTURING COSTS 


I-1 
1-2 
1-4 


The Economics of Survival — Alfred Petrick, CCE 

The Process Cost Effectiveness Model — Jane L. Snowdon 
Accounting for Cost of Quality — Charles A. Raz, CCE 

Cost Estimating for Hospital Services — Umesh Saxena 

Operating Cost Capacity Factors Revisited — Dr. James H. Black, CCE 


SYMPOSIUM J — VENTURE ANALYSIS AND LIFE CYCLE COSTS 


J-1 
J-2 


Third World Major Project’s Future — Jean-Claude Huot, P Eng 
Fragmentation Hurts Economic Analysis — And Business May Suffer Too — James B. Weaver 
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SYMPOSIUM K — UTILITY AND ENERGY COSTS 


K-1 Which is Cheaper? A Small or 4 Large Unit — Ram L. Bashambu and Ralph L. Yates 

K-2 Overview Update of Energy Resources and the Manageability of Energy Options — Alfred L. 
Dellon, CCE 

K-3 Economics of Coal-Fired Preheaters — Sheikh Burhannudin and Robert C. Creese 

K-6 Calculating Utility Prudency Issue Costs — Kris R. Nielsen 

K-7 Utility Prudency Time Impact Evaluation — Patricia D. Galloway, PE 


SYMPOSIUM L — MATERIAL AND LOGISTICS CONTROL 


L-3 Material Control Systems: An ‘‘Online’’ Update — Vincent L. Massa 

L-4 Materials Management in industrial Construction — Dr. Lansford C. Bell and Dr. George 
Stukhart 

L-5 Integrated E & C Material Management Systems — Ronald J. Kellis, PE 

L-6 Organizational Structure and Goals of Materials Management: Implications and Realities — 
M. Ronald Whinery 


SYMPOSIUM M — EDUCATION AND PROFESSIONAL AFFAIRS 


Cost Engineering in the IRS — Richard A. Otier, PE 

Teaching Cost Engineering — Anghel Patrascu, CCE 

Cost Engineering: A Career for Retirement — Aaron J. Cohen, PE CCE 
Harmonizing Cost Estimating Education — Dr. Phillip F. Ostwald 


SYMPOSIUM N — PROJECT MANAGEMENT 


N-0 The Why and How of Contigency Management — Richard Lee Jackson, John W. Kinsey, 
Wayne E. Cotton and Susan K. Moore 

N-2 Managing Project Execution Risks — G. Frederick Ort 

N-3 The Impact of the Microcomputer on the Project Management Software Industry — John J. 
Lucas 

N-4 How to Successfully Negotiate and Administer Contracts — James A. Bent, CCE 

N-5 An Outage Management System for Operating Plants — C. Wayne Brown and Ronald R. Vigue 
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